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Message Text 

LIMITED OFFICIAL USE 

PAGE 01 BEIRUT 03530 271150Z 
ACTION SY-05 

INFO OCT-01 AF-10 EUR-12 NEA-11 ISO-OO FBOE-OO A-01 
/040 W 

052317 272038Z/41 

R 261328Z IUN 78 
FM AMEMBASSY BEIRUT 
TO SECSTATE WASHDC 8442 
INFO AMEMBASSY NAIROBI 
AMEMBASSY ATHENS 
AMCONSUL KARACHI 


LIMITED OFFICIAL USE BEIRUT 3530 

E.O. 11652: N/A 

TAGS: AFIN, ASUP, ASEC, AFSP 

SUB J : RECONSTRUCTION/RENOVATION COM OFFICE AREA 

REF: BEIRUT 3399 

1 . POST NOW IN PROCESS OF STRIPPING COM OFFICE OF FIRE DAMAGEED/ 
DESTROYED MATERIAL. THIS WORK SHOULD BE COMPLETED BY JUNE 
30. CONTRACTORS PREPARED COMMENCE RENOVATION CONCURRENT WITH 
ARRIVAL SEABEES. TOTAL DOLS 36,824 NOW NEEDED FOR PROCUREMENT 
FOLLOWING MATERIAL, EQUIPMENT AND LABOUR. PROMPT ATTENTION 
THIS REQUIREMENT REQUESTED IN ORDER POST MAY BEGIN PREPARATION/ 
OBLIGATION NECESSARY PURCHASE ORDERS WITHOUT DELAY. ESTIMATE 
TWELVE WEEKS FOR COMPLETION PROJECT UPON RECEIPT FUNDING. 

A. 38,000 BTU REVERSE CYCLE CARRIER A/C WITH TRIPLE DUCTING 
TO COOL/HEAT AMBASSADOR'S OFFICE - EXT. COST DLS 5500 

B. PURCHASE/INSTALLATION ACCOUSTICAL CELOTEX CEILING 

TILES DLS 2600 

C. PURCHASE/INSTALLATION 13 FLOURESCENT CEILING 
LIMITED OFFICIAL USE 
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LIGHTS WITH GLOBES DLS 800 

D. COST OF PAINT PLUS PAINTER'S CHARGES DLS 2000 

E. REPLACEMENT/REPAIR SHUTTERS (8) DLS 500 

F. INSTALLATION NEW AWNINGS (3) DLS 800 
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G. REPLACING WINDOW GLASS (SAINT-GOBIN), PLUS NYLAR 

AND SCOTCHTINT SUN CONTROL IN AMBASSADOR'S OFFICE DLS 900 

H. GENERAL LABOR COSTS DLS 600 

I. REPLACEMENT ASBESTOS SHEETS ON ROOF OUTSIDE 

AMBASSADOR'S OFFICE FOR PRIVACY/SECURITY DLS 490 

J. REPAIR AND WATER PROOFING OF ROOF ABOVE COM 

OFFICES DLS 7700 

K. FABRICATION & INSTALLATION ON SOUTH BALCONY 

EXIT OF ONE ALUMINIUM DOOR WITH A SCREEN DOOR ADDED DLS 600 

L. SAME ON N/E BALCONY DLS 400 

M. BLOCKING UP REINFORCED CONCRETE WALL DLS 200 

N. INSTALLING NEW MAIN ENTRANCE DOOR (DOUBLE 

PANELLED) DLS 600 

O. ELECTRICAL SUPPLIES DLS 2000 

P. TELEPHONE EQUIPMENT DLS 2700 
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Q. NEW CARPETING (286 SQ. METERS) DLS 4290 

R. LAYING NUMBER 17 DLS 300 

S. DRAPERY MATERIAL WITH LINING AND TERGAL CURTAIN 

FABRIC DLS 2000 

T. LABOR CHARGES FOR NO. 19 INCLUDING RODS, SEWING 

AND INSTALLATION DLS 1200 

U. RE-FILL-REPLACEMENT OXYGEN TANKS AND FIRE 

EXTINGUISHERS DLS 494 

V. REPAIR OF DAMAGED 220 NASHUA COPIER DLS 150 

TOTAL DLS 36,824 

2. FOR KARACHI: SERVICES CEO (T) REQUIRED FOR SUPERVISION/ 
INSTALLATION TELEPHONE EQUIPMENT WHEN SEABEES ARE HERE. ASSUME 
YOU CAN MEET THIS REQUIREMENT UPON DEMAND. PLEASE ADVISE FOR 
PLANNING PURPOSES. 

PARKER 
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